10 
11 
12 
13 
14 
15 
16 
17 
18 
19 
20 
21 
22 
23 
24 
25 
26 
27 
28 
29 


30 


BILL NO. S-85-0l1- // 


SPECIAL ORDINANCE NO. S- 


AN ORDINANCE approving Change Order 

No. 1 and Final, Res. 892-84, Seddle- 
meyer Avenue Sanitary Sewer, with Earth 
Construction, in connection with the 
Board of Public Works and Safety. 





NOW, THEREFORE, BE IT ORDAINED BY THE COMMON COUNCIL OF 
THE CITY OF FORT WAYNE, INDIANA: 

SECTION 1. That Change Order No. 1 and Final, Res. 
#892-84, Seddlemeyer Avenue Sanitary Sewer, with Earth Construc- 
tion, in connection with the Board of Public Works and Safety, 


EOTS 


Change Order #1 and Final for Res. 

#892-84, Seddlemeyer Avenue Sani- 

tary Sewer is necessary because 

added area needed to be excavated 

due to the nature of the soil and 

226+ SY of seed and mulch was 

needed to restore the area to its 

original condition; 
involving a net increase of Sixty-Four and 08/100 Dollars ($64.08) 
all as more particularly set forth in the specifications, and 
which is on file with the Office of the Board of Public Works and 
Safety, and is by reference incorporated herein, made a part hereo 
and is hereby in all things ratified, confirmed and approved. 

SECTION 2. That this Ordinance shall be in full force 


and effect from and after its passage and any and all necessary 


approval by the Mayor. 






Councilmember- 


APPROVED AS TO FORM 
AND LEGALITY 






O. Boxberger, City 











Read the first time in full and on motion by 7. i 
seconded by é , and duly adopted, read the se d time 
by title and referred to the Committee 7 (and e City 








Plan Commission for recommendation) and Public Heating to be hgld after 
due legal notice, at the sc Se Chambers, City-County Building, Fort Wayne, 
Indiana, on y the _ a ig day of 

ge (ae ; O Mw, Beas 










DATE: Line 
SANDRA E. KENNEDY, CITY CLERK 


Read the thi time in full and on motion by CZ ; 
seconded by GOR Ee. , and duly adopted, ae its 








passage. PASSED (IST) by the following vote: 
AYES NAYS ABSTAINED ABSENT ‘TO-WIT: 

TOTAL VOTES Eng LA i 
BRADBURY T oe ager 

BURNS ae woe 

EISBART ge ogg 

GiaQUINTA beet a eee 

HENRY sates shat 

REDD een a 

SCHMIDT no a4 oe Wea, 

STIER ae wale ze 
TALARICO ae ea. 

DATE: PA ae 





Passed and adopted by the Common Council of the City of Fort 
Wayne, Indiana, as (ANNEXATION)———(APPROPRIATION)——_ (GENERAL) 


| oi OA 


(SPECIAL) (ZONING MAP) ORDINANCE ( 
on the RP Ht day of 


y ATTEST:) , 


ed wah Koty 


SANDRA E. KENNEDY, CITY CLERK 







Presented by me to the Mayor o 


S 
on the s 2 


at the hour of EU eTA 


day. of 


Approved and signed by me this > 
BA 


19 Rs , at the hour of 3 de G clock j -M / Biv. Ts 
a A, ae 


WIN MOSES, JR., MAYOR 


73 J-J 9-I0 : 
Í : $ CHANGE ORDËR LOTFI ES 


Change Order No. 1 and Final Resolution No. 892-84 
Project No: Board Order No. 15-84 
Name of Project ~- Seddlemeyer Aven Avenue Sanitary Sewer Date: 17 Dec 1984 
LOS Earth Construction 

(Contractor) 
Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: 









a 








Description of Change -——Peserintion of Change — -rr Change in Contract Price 
Pes SoC eee 


Soe 8" Sewer CFW Specifications 10.90 21.80 To a 









Total Decrease 
Total Increase 


Net (Deexeeses (Increase) Contract Price 


The sum of $__ 64.08 is hereby (added to) (dexkexhexkxikeom) the total contract price 
and the final contract price shall be adjusted as follows: 


Original Contract Price 


7,973.00 
Current Contract Price Adjusted by Previous Change Order ae ae 
New Contract Price including this Change Order $ š 


$8,037.08 


The time provided for completion in the contract for this project is (unchanged) (smaxsassd) 
(decreased) by =0- calendar days due to this Change Order. The date for completion 
of all work shall be N/A . Furthermore, this document shall become an 
amendment to the contract and all provisions of the contract shall apply hereto. 


Recommended by: E Ce Ze ath Chief Engineer Date /2—/*- 5Y 
a = | 
Accepted by: hea $ RE ear Contractor Datei JAEL 4 -94 


Approved by: CH Z 






Date BEHUS = 3 A 






City Engineer 


Approved by: Daten) — e 


R Loy) | how pate C OPS | 


e ce S k Change, Order -No._l_ and Final 
Resolution No. 892-84 
Board Order No. _ 15.-84 


REQUEST AND JUSTIFICATION FOR CHANGE 


Necessity for change: Added area needed to be excavated due to the nature 
of the soil and 226+ SY of seed and mulch was needed to restore the area 


to its original condition. 


Will proposed change alter size of the project? Yes No z 


If yes, explain 





Affect on operation and maintenance cost of this project: 


N/A 














| 


Sabah Sau roject Engineer 


BILL NO. S-85-01-11 


REPORT OF THE COMMITTEE ON CITY UTILITIES 





WE, YOUR COMMITTEE ON CITY UTILITIES ae TO WHOM WAS 


REFERRED AN (ORDINANCE) (REGQIXKXGON) approving Change Order No. `l 


and Final, Res. 892-84, Seddlemeyer Avenue Sanitary Sewer, with 


Earth Construction, inconnection with the Board of Public Works 


and Safety 





- 














HAVE HAD SAID (ORDINANCE) (RESODUGLON) UNDER CONSIDERATION AND BEG 


LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE) 


(RESOHURKON) 8 0 DFR, 
we aly | 


a | No 


A Za 


THOMAS C. HENRY 
CHAIRMAN 






JANET G. BRADBURY 
ICE CHAIRWOMAN 


7 =) Soe 
es Kenn DONALD J. SCHMIDT 


JAMES S. STIER 


Aan E Zep CHARLES B. REDD 
CONCURRED IN | ee AB SANDRA E. KENNEDY 
i Me CITY CLERK , 


7 cuisine AGHIN . ney. 


TITLE -OF .ORDINANCE Change Order #1 and FINAL Res. #892-84 - Seddlemeyer Ave. San. Sewer 


DEPARTMENT REQUESTING ORDINANCE Board of Public Works & Safety oo PSOne 
Change Order #1 and FINAL for Res. #892-84 - Seddlemeyer 





SYNOPSIS OF ORDINANCE 


Avenue Sanitary Sewer is necessary because added area needed to be excavated due to the 








nature of the soil and 226+ SY of seed and mulch was needed to restore the area to 





its original condition. Earth Construction is the Contractor. 





EFFECT OF PASSAGE To facilitate completion of this project. 


EE oe Ta ene ee at aR gee oy ROR oo Meike EEL Ae eee en een oP eee eee See Le 
Wm hae E a a eee 
EFFECT OF NON-PASSAGE 

EM: Sa Ta INET SS RP, NANT aa aN a DE EO) Dealers RnR SOT 
MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) Increase of $64.08 

NE ici > GOR eg I RR er pe eg ae ea 

ASSIGNED TO COMMITTEE 


TAE tee Be Sues ee ee ee SS ee 


